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DPD=3371-61 29X1A2g 
Contract No. 
Amendment No, 2 


20 JUN i961 
Weatinghouse Electric Corporation 
Friendship International Airport 
Baltimore 27, Maryland 


Gentlemen: 


1. This document constitutes Amendment No. 2 to Contract No. 
25X1A29 EE between Westinghouse Electric Corporation and the United 
States of America and said contract 1s amended as hereinafter set 
forth. 


2. Amendment No. 1 established the Final Contract Price for a 
year's services hereunder. However, due to the fact that the work 
has been completed six (6) weeks prior to the expiration date, the 
parties hereto have mutually agreed to amend the period of performance 
te read "through 19 May 1961" vice "30 June 1961" and to reduce the 
price of the contract proportionately. 


3. Ag a result of the above, the contract is amended as follows: 


@ Paragraph f of PART II ~ CONSIDERATION AND PAYMENT is 
deleted in its entirety and the following is substituted therefor: 


"Ef. FINAL CONTRACT PRICE. The total price for the services 
25X1A1a_ galled for under this contract, which were subject to redetermination, 
is 1) payment of said price is subject to the provisions 
set forth above, Further, said price does not contemplate services at 
more than two (2) locations or overseas." 


25X1A1a | 
25X1A1a be Funds available under the contract shall be decreased by 
the sum of or a new total sum allotted of I of the 
25X1A1a_ latter amount is available for reimbursement of travel and 
emergency spare procurenent costs. 
Ge PART IIT ~ PERIOD OF PERFORMANCE of the Contract Schedule 


is deleted in its entirety and the following 1s substituted therefor: 


“PART IIIT ~PPERIOD OF PERFORMANCE 

The services of the contract technical services personnel called 
for under PART Ib of this eontraot shall be furnished when and as 
required during the period of 1 duly 1960 through 19 May 1961." 


% <ALL other terms, conditions and requirements of Contract No. 
oo . as amended, remain unchanged. 


. 25X1A2g 
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5e Please indicate your receipt of thia Amendment No. 2 to the 
Contract and your acceptance thereof by executing the original and 
two copies of this Amendment. Return the fully exacuted original and 
ene eopy to the undersigned and retain the remaining copy for your 
files. : 


Very truly yours, 


25X1A9a 


Contracting Officer 


ACKNOWLEDGED AND ACCEPTED 
WESTINGHOUSE ELECTRIC CORPORATION 


BY 
pave cust (4 pye) 
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